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Week in Review and Lookahead 
Friday, April 7, 2023 


This Saturday, April 8, shuttle buses will replace Green 
Line service between North Station and Government 
Center to allow for demolition work at the Government 
Center Garage 


Symphony Station Accessibility Improvements QQ.) 
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¢ Lookahead | As we continue to prepare for Symphony Station utility relocation work, we've updated 
our project page with the latest information on construction and traffic impacts. Be sure to check 
back to get the latest updates 


*Schedule subject to change with weather conditions and in 
accordance with public health directives Page 1 of 7 
Project percentages represent the value of the installed work 
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